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SIMPLIFIED PR0C&S8IKG 8TAXI0U (S?S) 

P UhfQSi.; For use during discussions vith tfr. Saannis, ISM. 

^AvJ^uwuaDt In Dec l-JTfc ItfH ol^naa & fixed pries contract to build 

a prototype Simplified Processing Station (SP8) vith options for up to 
five acre. 

— U3A>' direction limited, this effort to the one model 

USA? coats totaled eiiyrosiaatoiy 37 taillion 

— Il»S costs for the over-run totaled approximately Ik Billion 

S/UiiSQ ( iaoV apace division) accepted the 8?G froa IS<i after Imelop- 
aent Test 4 Evaluation (DTbL) testing occurred at the teat location 
iu Calif or uia 

....... _ -i«i. - i^ts results ~s&oved that tae system required additional 

software /hardware efforts, 

— After a ayst^a cleanup period, Initial Operational Teat 6 Evaluation 
(IOTk&) vaa conducted, ending in June 10 . 

Kesuits of IOT&S still shoved unacceptable perfornaaee 

— - ui^n false re«#ort rate 

— Ii3-5/SPO devoted tnree months to anomaly cleanup (July to Sep 79) 
~ aXGS* data collection ^ericj. fjliavoxl (Sep 79 to «5«c 79} 

—— Acceptable ;«rft$r»afie« figures vera dacussated 

— . AI3CC8! accepted turnover of the 3PE 

yOT&£ scheduled during Jan CO 

Tiw SPS failed four categories of PDTai: 

™ At tnitt point 9 the ADCG24 plans staff directed that an improved nanusd 

intervention capability be installed in the 8P8 softvara 
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The S?8 performance has been exoollent froa tfc* time tiw* aaoual 
intervention ooftv&re capability bag beea installed. 

Software gtill presents randm false data to the operate? 
(approximated? 8 events per day average) 

The SPS operators have deaaastrated the ability to recognise 
and delate the false data 

All real launches detected siaoe 23 Karen 60 have teen 
recognised &nd allowed to process througSi the systea 

"-■&« AIXX/H %%<Lf? Is acv raotinuin.* tc ----LL.;. ■.,^rf..-", J OAta. "3 

The reoaiaiajs concern le that the APS software Is to be used as the 
baseline for the Mobile Ground Tsrainala 

Ike software -yerforaanee is still act suf ficieat for uae in a 
systea vita a single operator position 

XiSi and the S?0 oust provide seas assurance that the systea 
performance vill be iaproved to the extent aseee&ary to satisfy 
the operational &eed 

1194 has been identified by the SPO as toe selected source contractor 
for the W2 pro^raa 
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